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Message Text 



UNCLASSIFIED 

PAGE 01 PORT A 01347 081433Z 
46 

ACTION OPIC-I2 

INFO OCT-OI ARA-I6 ADP-00 EB-II /040 W 

035762 

R08I4I2Z AUG73 

FM AMEMBASSY PORT AU PRINCE 
TO SECSTATE WASHDC 6826 

UNCLAS PORT AU PRINCE 1347 

FOR OPIC 

E.O. 11652: N/A 

TAGS: ETRD.HA 

SUBJ: HABITATION LECLERC 

REE: COUNTS/MATTOX TELCON AUGUST 7 

1. EMBOFE VISITED PROJECT SITE AUGUST 7. ACCORDING 
MANAGER RALPH LEE, FORMAL OPENING DATE NOW EXPECTED TO 
BE OCTOBER FIRST. REMAINING CONSTRUCTION WORK TO BE 
ACCOMPLISHED UNDER SUPERVISION OF GEORGES APOLLON. WORK 
CURRENTLY ONGOING, HAMPERED ONLY BE SHORTAGE 

OF CEMENT. HOTEL NOW HAS 36 SERVICE EMPLOYEES IN TRAINING. 

2. LEE ALSO STATED THAT DISPUTE BETWEEN HABITATION LECLERC 
AND ERANZ JEROME WILL BE ARBITRATED BY APOLLON. CONTRACT 
CONTROVERSY CENTERS ON DIFFERENCE BETWEEN JEROME CLAIM 
OF $52,000 FOR WORK COMPLETED AND MANAGEMENT'S CONTENTION 
THAT VALUE OF ACTUAL CONSTRUCTION BY JEROME TOTALS $24,000. 

3. FYI. PAVED ACCESS ROAD IS ALMOST COMPLETED. FINAL 
SHORT STRETCH AWAITS GOH CONDEMNATION, EXPECTED SOON, OF 
TWO SMALL HOUSES BLOCKING RIGHT OF WAY ADJACENT TO 
CARREFOUR ROAD. END FYI. 
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